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L3KTE3 JKJT1CE OF ffiJStnSAIE® TO 
Contract dated June ah, 195fj 


Hycoa llmufmtariag Company 
Pasadena, California 


Attention*. 

Geatlemem 



FOIAb3a 


1. kPTfeCTIVB BASE OF TS224IHA!f IOB . You ssre notified that 
your Contract dated June 1958, (hereinafter referred to as 
B tbe contract") la hereby terai acted for the convenience of the 
Government, ia accordance with the clause hereof entitled 
"Teradnatloa for the Conrenlence of the GoveraBs^jf*. S uch 
termination will be effective on 16 December 1958* 


2* CESSATESf OP %&SK MU HEXClPlCAflOK SO TOUR UasgEUASE 
(a) Fbu shall step all work, make no farther 
shipments, md place ao further orders ia connection with the 
contract, except (J.) to the extent that you. may wish to re tain 
«nd centime any work la process or other materials for your 
owa account, or (a) to the extent the Contracting Officer auth- 
orises yon to continue work-in-proceas for reasons of safety, or 
to clear (or avoid damage to) eqcul^sncnt or to avoid immediate 
etwplete soilage of worfc-in-proceaa having a definite eoBBeerical 
value, car otherwise to prevent undue loss to the Government, (if 
you believe the authorization referral to in subparagraph (2) above 
is necessary or advisable, you shall Immediately notify the Con- 
tracting Officer by telephone or personal conference and obtain 
instructions . ) Ton ahall keep adequate records of yeaxr compliance 
alia! this paragraph 2(a) showing (i) the effective date of such 
teraslaatioa, and (ii) the extent of completion of performance cm 
such effective date, 

(b) Ton shall give notice of termination to each of your 
immediate subcmti^ctors (including suppliers) who will be 
affected by the termination of your Contract. In such notice 
yon shall U) give hi* the number of your Contract or Purchase 
Order, (2) state that it has been terminated (or terminated ia 
part. If that is the case) for the convenience of the Government, 
(3) ins truct him to step all work, to r,n ft’ -3 " no further sh i pment s, 
to place no mom orders, field to terminate all subcontracts 




Approved ForS^lease 2001/08/07 : CIA-RDP81B00879SD001 00040095-7 


this contract with 7011 { subject to the sttae exceptions 
stated in paragraph 2(a), (%} direct* him to subextt Me 
ssttlaaaat proposal promptly in order to expedite settle- 
mot, and (5) request him to give atall&r notice and ia- 
a tractions to his ismediate subcontractor*. 

{«) You sh a ll notify the Contracting Officer of the 
number of articles completed under the Contract end still 
on bead, and arrant with hint for their delivery or other 
disposal* 

(d) Ton shall forthwith transfer title to and deliver 
to the Ckwcraraeat, in accordance with any instructions of the 
Contracting Officer, all itcas of termination inventory (in- 
cluding subcontractor termination Inventory which under the 
tarsw of the subcontract or purchase order concerned yon have 
the right to take over) of the following types or classes: 

mm 

{•) Yea iii&Xl notify the Contracting Officer of any 
pending legal proceedings which relate to any subcontracts 
or purchase orders under the terminated contract m which 
have resulted in or which are intended to result in a lien or 
eacnstorance m my teraiaatiao inventory other than tsitalnatim 
Inventory you propose and are authorised to purchase, retain, 
or dispose of. (The Contracting Officer shall also be promptly 
notified of any such proceedings brought after receipt of this 
Setiee. ) 

(f) You shall tabs such other action as asy be retired 
by the Contracting Officer or under the termination clause 
contained in your contract* 

3, YKSyOHATIOH BfYSHTORY. In ea naectien with settlement 
of your dsin* it will be necessary to «rtSbHsh that all your 
tsrstnatioa inventory and that of your subcontracts has been 
properly accounted fear* For detailed infonaation, see Fart 6 
of Section, rm of A8PSU 

4. OOKPWYE0 AREIC12S. Subject to paragraph 8-502 of ASPS, 
ym will invoice acceptable cospleted articles trader the contract 
in the usual way and not include then in your settlement proposal. 
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5 . submission of ssmtaam mmmi. four settlement 
proposal shall he submitted on Form 2D-*$K> entitled "Settle- 
ment Proposal ( Inventory Basis) or by letter conaiatiag of 
generally the same information as required by said fbrm. 

6. Wffilim Your attention ia called to any provisions 
af the contract which say require yon to sake a disclosure of, 
and to deliver to the S e v er an eat iastrumroats of licmse or 
assigsasismt respecting all inventions, discoveries, and patent 
applications made by you in the performance of the contract. 

You are urged to forward such disclosures and instruments 

of license or assigassent to the Contracting Officer prongptly, 
inasmuch as these contractual obligations oust be complied 
with before execution of the final settlement agreement. 

T* SmXEMSTS WITH BL3C011TRACT0RS. You remain liable 
to your subcontractors and suppliers for claims arising by 
reason of the termination of their subcontracts or orders. 

Tot are requested to settle such termination cl alas as promptly 
as possible. For purposes of raiafcarseoaat by the Government, 
such settlements will be governed by the provisions of Farts 4 
and 5 of Section VIII of ASH!. 

8, Flease execute the original sad five copies of this 
Letter Sotice of Termination and return Hie original and four 
copies to the undersigned. Otoe copy any be retained in your 
files under such security conditions as the Goveraamt say 
Ispoae. Copies of this Letter Sotice of Termination will not 
be made without "toe Government's permission. 

Very truly yours. 


T8B FEKKXH-lll&K C0RF01AT303I 


FOIAb3a 




ACKMOKLFDGED AJfD ACCEPTED 
THIS 5 DAY OF Jan. 


Engineering 4 Optical Division 


195 9 
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